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MSMStAMJUEl FOR TM RECORD 


SUBJECT; 
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Coaeurrenee la Anea&m-at so. 6 to Contract So. H F-20- 8Q 
frith The Perkin -ELsex Corporation, Norwalk, Connecticut, 

I Pr© 3 «et A® nmm. 


I 


25X1 A 


1. This aasorandua contains a reeoHBendaticn subsdtted for 
approval of the Deputy Direct® (flame). Such reccnaw&ndation 

Is contained in paragraph 6 . 

2. Contract No. EF-&0-8Q yrorided for engineering and 

pro duction of photog raphic and related ground support eqtdLpment 
for | [ The contract Is a ftsed-priee type subject 

to cries re deterainatlon and fec.s a contract target price of 


25X1 A 


25X1 A 


3. This Awe&tasat m>, 6 as been drawn to incorporate into 
the eeatract the final price d:terwined. hy negotiations pursuant 
to the Brice Redeterainatio*! Clause of the contract. The final 


redetermined contract price is[ 


]aad is eoB^rised of 


the accepted costs and profit set forth in the attached recap. 

The aaendnent also adjusts the unit qusmtities stated in Items 
Nos. 12a., 3h. and 3^. of the contract to correspond with the 
quantities delivered and accepted under these Items. 

k. The following requir neats ef the contract have been 
fulfilled: AH Items have been delivered and accepted, all 
GFP and residual i n ven to r i es lave been accounted for and disposition 
aade thereof, and the report; on Royalties (Clause 26) and Patent 
Rights (Clause 32} have been ;^ritted. and accepted. 

5. Contract HO 
thereto obligrted[ 
funds. 



and Aatmdmmta las. 1 through 5 
chargeable to "Ho Year" Air force 
decree sen the funds allocated to 
deermf is to be credited to "Ho 
Upon asking final payment under 


This Aaendment Ho. 6 
the contract by $3,976/ 5hi 
Year" Air Force funds (FT Iff 8). 
the contract it is requested that the Controller, WD t advise 
the undersigned thereof in t der that records pertaining to the 
contract say be closed. 
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6. Approval of Age&feaat fto. 6 to Contract No. HF-20-80 
and execution thereof on he! alf of the Agency hy the authorized 
Contracting Officer it reots wended. 
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Contrasting Officer, EPB 


OONCWRRHSCES; 






controller 


EPD 




/I 


Office of General Counsel 


Colonel, USAF 
Acting Chief, SPG 


Bate 


Il/oz/aZ^. 




Bate_ 


RepoBWondatiss in Paragraj# 
<6 APPROVED: 




t 'w k 

%> 




M ~ g e ^aFr — fsr 

* aiBwiabti, tin. 


Deputy Director 
(liana) 


LL/oJa. 


hpe 


EFB~BD/P| 

1 -Contract#, EPD (HP-20 -60) 
^•Plannee, EPD 
1-A/C^/BSG 
1-Chroao, BHD 
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2?^? 2J ^° OT 05 m<3E ®^E®BCEHA3ia* AUDIT CP CONTRACT SO 

sp.20.80 abb (xmTRMmm omem's cc mam 504 


Material 

op t>^ g .^ tr ^ 1 fL elalsaae 1 ^2,052 for material cost*. 
Z^LtTehJt^ abstracting coats 

nSfSTliSf 4 ? y *£? Aadltfi * m “<* Jaavlag Contracting 
«ficar approval. Ifce aaoum of *6,4139 of Subc^Sct coats 
tae reinstated as cost ^teoasaxy for perfomaace of the 
contract and is harsh? mppro *& aftSr the t&%. !T 

**? irill not be required^) 

ial^L?l££t %?%£££*•■ B “ —» <* «*f 

Otoerjpiraet Coats 

tioaia by^ toS*^rs^5iSTiiT”s: r •— 

< ** W Ia adl '* U * 3« *“<* ««*| 

Total ft pprovod Other Biii ct Costs-- — 

Direct 3^abor 

The Contractor claime d ^>1,115 for direct lab or coats 
Ebis cost was accepted by the b^itar (mi i » a ., 1M .,. . , * 

the contract- - ^ * toflltar «md is approved under 


Oveahead 

Of thS*^‘ ] to t Sv eU1,,B4 for mtet ««.. 

£t£1 *»“ Alitor in Sob*. 

XL^TL. S *" 1 •»'•*•« Owrhond- 

aod Administrative aara nsc 

. «, ftl *j5 aitar «w*tiened^;i 7 gfi of a* &a*mse claimed 

hi 2? ?^? Ctor ; ^ the a£ ^^rSTtetSSS 

Ssw^ ffl t0 the «^«*ted Mf g . costs 

£uti ”“* b *“ **o™*»4 «raro- 

5nf‘i,2 P *°f e c i a1 *® 4 *er 3fe*r Ending 7 / 31/56 . 

Sf^>- 0 ° adjustment in Schedule 4, 

3v 16.64^ OfeA rate— ....... ' 
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Mfg. Expense daiaiti for Year Eadlng 


Mfg. Expe 
7/31/57 -I 


in ScLe- 


($2,894 la achetiteV: 2, g£P7 
dale 3 and $70 la , f ; thedule 4) X 
15*73$ OfcA rate--—" 

Mfg. Expense elala i for Year Ending 
7/31/58 - m,9*> 1.e*s ^15 (#375 
In Schedule 5 end S40 in Schedule 3 } 

TOTAL APPROVED GAk HFEHSE— — — 'J 


aatlaatedCoet to Complete M at 
1 r Contractor repieetr 1^,650 to cceplete 

the contract work as set forth in Exhibit B. Of 
this amount, the Auditor :;tlon»d #193 ** **t 
forth in Schedule 7 . The (fettraeting Officer 
concurs in the Auditor's fiutlaga nodi approves 
the following estimated cos-;--: for coepletioa of 

Total Approved Coatrr, :t Cast*-* 
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(XM^nmOlf OP FECAL 0 JUR act erice and profit 


Contract Target Price, Amend jest Ho. 5 — — — ■ 
Less Adjustments in quantitld of 
Items Sob. 12a, 34, end }4a. in 
contract per Contractor^ letter 

of 13 Fduvaxy 1959”** " 

Adjusted Contract Thrust Price*— *-—-• 


By reason of the total Approve d Contract Cost exceeding j 
adjusted Contract Target Coni; d I the revised 

contract price shall equal the contract target pric e in 
accorda nce wit h the provided of Par . 4(b) in SECTION L, 
PRICE REDEEERMiaATICN, of tha contract schedule. 

Revised Contract Prl :» — 

Laas Total Approved ioatract Costs 
P ro fi t-— ;t “ 
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